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NO, 115-920300 

THIS AGREEMENT, made this \^ day of March, 2005. by and betWttM S.E. Foster Crnistnicdpn Company 
hereinafter called "Contractor,*' Spartan Electric Company , hfireinaifer called "Subcontractor," 

WITNESSETH: 
WHEREAS, Contractor has heretofore entered mto a conbtct dated February 9. 2005 with Cnliimbifl Heights 
Ve ntures Parcel 15. LLC hereinafter called "Owner," la perform certain labor and fumjfih certain material for the 
erecrion, construction and completion of the; Kenvon Square Condommiums Parcel 15 Frpiect as per plans a 
^ecificatJpns, prr-pared bv Tord Gallas and Partpers. Inc. heremafter referred to 83 "ArchUeet," as follows: 

all of which are made a part of said contract and all of which are now made a part of this subcontract? said contract, 
plans, apeqifications, addenda and other documents above set forth hmg ticrcinafter referred to u the ''C^itraot 
Documents"; and Exliibit Oub^ Two aod Three 

WHEREAS, the parses hereto desire to ccmfract with refererice to a part of said work: 

NOW THERJEFORE, for and in considera^tion of the mutual and reciprocal obligations herein contained, it is 
agreed as follows: 

■ 

1. Subcontractor shall furnish and pay for all labor, services, costs (including but not limited to ^les^ use, 
personal propeity and transportation taxes), and materials and perform all of the work ncoeasaiy or {ncidcntaUy 
required for the completion and testing of that part of the work covered by the Contract Documents^ as follows: 

I 

l.(a). FimNlSH all labor, materials, equipment, supervision, semceB, apptianccs, and access ones required for 
the complete instaJIatioen of all electrical work . Addenda: N/A and Alternates: N/A, 

l.(b). SUBCONTRACTOR has examined other sections of plans and specifications and h^ included all items 
necessary for the coordination of other trades ^]pltcable to the division six teen electric at sDccifications, 
Secti 





L(c). NOPAITHSTANDING any other provUIon of this subcontract, Subcontractor shall guarantee his work 

against all defects of material and workmanship, isnd guarantees that the work will be in strict compliance with the 

Contract Documents For a period of two (2^1 years from the date of the Owner's final acceptance of the entire 
project. In addition. Subcontractor shall provide all other guarantees requked b;^ the Contract Documents and 
those implied by law. 

L(d). SUBCONTRACT includes all matgnal labor > equipment, sutjervisi on. and coordination required to 
complete d\e full intent of the plans and specifications regardless as to where shown or specified and to provide a 
complete and acceptable system unless specifically exchde in Paragrapli L(c). To the extent the Contract 
Documents are defective, arabignous or incorrect, the Subcontructor's- scope of work shall be considered to 
provide a complete and workable system for ^c work described heiein. but not limited to the folio wiag: 

Perform all electrical work for t3ie 153 mnt condominium buiMing including, but not limited to the following 
scope items: 
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1. 



2, 








4. 




5. 
7. 



Temporary electric^ and lighting including building temporary lighting, power outlets as required by site 
superintendents elevator working platfonns power^ power for temporary construction facilities including 
power and temporary hghts for tower crane and hoi&ts, all other normal ligjiting and wiring for couatmction 
purposes with maintenance during normal working hours. All necessary worWequipment for transformmg 
street current for use by tower crane or if not possible then running conduit/cable from generator. General 
CDBtracttM' shall supply the generator. 
Hook-up of all equipment and appliances Is i: 
Furnish, install and wire at) light fj^tures for die project as specified per the 

a) Common areas per the Interi or Design Drawings . 

b) Units per layouts sent wi th the Architec f s 7/23/04 tr ansmitta I . 

c) Street Ughts and site Kghdng per the 12/21/04 Landscape Plans. 

d) All Other exterior, garage and common areaa fixtures per the General Area Lighting Fixture Schedule 
shown on drawings ElOl dated 12/6/04. 

e) Trmching, conipacted backfill, conduit, wire, light pole bases and concrete tre specilicaUy mcmded 
where required for site hghting and street lights. * - 

Provide conduit in exterior wall per l-r2/E301 for secondaiy duct barJ?^ outside of building to be provided 

by others. 

Furnish all necessary dcctricai access doors as required by code. 

Furnish the necessary kbor, equipment and materials to seal all openings caiised by their trades. Methods 

used to seal openings shall conform to cods requirements and specifications. 

Include the necessaty labor, materials, and equipment to ftjmish and install conduit pipe hangers and 

supports as required for equipment and material furnished under tins SutKMMitract 
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B. Include all sprinkler al^nn and fire pump hook-ups, wiring and final connections, as required for a complete .* 
systesL Sprinkler subcontractor's transfer switch to be reduced-voltage ^tarL 

9. Fire alarm drawings wiU be completed and subimttcd to Fire Marshall ma time frame that allows time for 
review without deLaymg the J ol) schedule. 

10. Include furaishii^ and installing all smoke detectors (furnish duct Bmokc detectors to bc installed by 
■ mechanical subconlractor) and a complete mid-ilse fire alann and fire annunciator system meeting local 

c&dc n^uirements. This Subcoatr actor shall design and coordinatci fire alann system with Fire Prolcction 
Subcontraclor, Elevator Suhcontractor and monitoring suhconlractor to allow for compkdoii on a per floor 

basis, 
XL Include all power wiring for mechanical trades inciudini all power hflrdware devices whether shown on 

pl^ns or not. 

12. Ail br^ch circuits shall be "AC Cable'* (types BX, MC of HFQ as applicable) JnstaUed as allowed by and 
in accordance wilh the National Electric Code and local Jurisdictions. AH feeder conductors sh^ll be 
installed in EMT conduit. Residential feeders to be aJuminum MC cable, 

13. Include fi^iC pow^ wiring and conduit for the garage^ mtry gate operators. 

14, Include all stencils and tags for identification and panel circuit identifications- 

15, Include furnishing, installing and wiring of the 275KW emergency generator. This subcontractor will supply 
Muffler it ^^nll be installed by others. Fuel oil piping, tank, and exhaust piping is by odaers. Generator and - 
ATS to include all necessary power prc-transfer signals to elevutor controller (by others)* 

16. Structured telephone and CATV system in the units consisting of multi-media conTieetion panel, telephone 
and CATV outlets and cabling, and home run horizontal cable runs back to the electrical telephone closeti 
on each floor. Conduit for these home runs is specifically excluded as is telephone and CATV system 
backbone (vertical risers) cabling and equipment. 

17, Telephone service conduit as shown within the building is incliided. Subcontract includes placement of 
sleeves for CATV md tcl^hone risers. 

1 8, Exit lights and fixe alann device counis and locations are limited to ^hat is shown on contract documents. 

19. Electrician to ftaish and install all conduits as shown for security Subcontractor, I 

20, Electrician is responsible for providing receptacles for garbage disposals^ dishwashers, retigerators, ranges, 
washers/dryers and microwaves, which arc to be plug in type. 

21. Electrician specifically includes all coordination with inechamcal, plunnbing, fire protection, security and 
elevator Subcontractors to provide a complete operational and acceptable system. 

22 Include record '*As-Bmlt'* drawings and operation and maintenance manuals as required for all systems, 

23 , Coordina te all work with ther trades including precast and masonry suiconlractors for exterior lightin g, , 

24, All Dondujta in parking areas to be installed to aOow for maximum head rooiu, Nu cunduiL lo be jristatl^ 
below seven feet above rmished floor or S '-2" in handicapped v^n accessible drive isles, 

25, Three copies of rough-in box and sleeve location drawings to be provided to General Contractor at least six 
(6) weeks prior to scheduled installation- Drawings to include dimensions from eonnol lines to all rough-in 
boxes and sleeves to be installed in the slab, 

2$ Subcontractor is lesponsiblc for costs to core drill md X-Rays if sleeves are missed. Core drilled altemate 

sleeve locations are to be approved by Smjctural Engineer prior to installattotw 
27, During mstaliation of fixtures, any cutting and repair of dtywall and painting will be charged accordingly to 

the responsible trade, 
2S, Subcontractor is responsible for niaterial and installation of heat trace m areas as required per plans and 

specifications. 

29, Subcontract includes wdring and supply of power to HVAC equipment and Building Automation System, 

30, Subcontractor will supply* maintain and replace light bulbs in temporary and permanent fixtures as directed 

by Contractor's Project Supcruatendent. . 

31, Nfaintain adequate temporaiy power and phone hook-up for General Coticractor*S construction trailer. One 
move will be required during the comst of construction, 

32, Subcontractor includes de watering of rainwater only as it pertains to his work, 

33, Subcontractor will provide flagmen for traffic control for his work only, per District of Columbia & local 
jurisdictional standards. 

34, Subcontractor shall be responsible for keeping streets clean during their delivery of materials and ^ 

' equipment, per District of Columbia & local jurisdiction^al standards, 

35, Subconti^ctor will perform housekeeping duties at all work areas daily. Subcontractor will clean up all 
waste and materiaiSj rubbish and debns resulting from his own on a daily basis or as required by General 
Contractor, This debris is then to be removed daily to General Contractors Dumpster. 

3^. Subcontractor will include a line item on the schedule of values equal to 1 74% of the contract amount 

specifically for clean up. These monies are to be drawn monthly, 
37, Subcontractor is responsible for fill in of unused sleeves, the repair, patch or replacement of marred surfaces 

that are damaged by his own operations, 
3S. Subcontractor will include a line item on die schedule of values equal to 1 Vi% of the contract amount 
specifically for punch list, Tnese monies are to be drawn as punch list is completed. 

39, Subcontractor includes th.ee (3) (General Contractor, Architect and Owner) punchlists. 

40, Subcontractor will prdvide a separate hourly foreman and employee or employees to manage and perform 

punch list, 

41 . Subcontractor to contribute 1 man or I per 25 workmen to weeldy composite cleanup crew$ ieach Friday for 
S hours to remove undefinable debris. This provision does not relieve the Subcontractor of their cleaning 
responsibiUtiea included in Article L{t) below, 

42. Subcontractor's superintendent will attend weekly progress meetings for coordination of schcdu]!*, quaUty 
control, issues, and punch list. 
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43. Subcontiactaf*fi project nwnag^r will attend a weekly progress meeting it least one time per moftttl Or as 
requested by Generil CoafractorVs Si^erintendenE, ^ 

44. Subcon^actor shall provide General Coniiactoc wiih a copy of Subcoaliactors Safety Pto@:m and name of 
. Safety Prograni Representative, . 

45. Subcontractor shall provide General Contractor with a copy of Subcontractors Quality Control Program tnd 

name of Quality Control Rspiesentative* 

46. SubcoDtr^tor sMU reinstall any bamcade, sign, fence, ^fety rail, safety cable or other temporary stmc&ire 
rftmoved for his operations immediately upon completion of those operations, or at die end of each day, 

which evs' comes first * 

47. Subcontractor' shall pitjvidc a nummum of 24-hour notice for all ddiveries. 
48* Subcontract iticludcs hourly supervision of all piecewor^rs w]^^ 

49. Subcona^ctor will be responsible for his employees parking (if it is not available on site as determined by 

the General Contractor's Superintendent). . 

50* Subcontractor's field representative shall have a copy of these contract documents on site at all times. 

51. Coordinate all deliveries and storage areas with General Contractor's Superintendent. 

52. Subcontract includes adequate manpower to comply with project CPM schedule. Schedule is based on a 40- 
houTj 5 -day work week. Lost days due to weather during this time are expected to be made up on 
at no additional cost to General Contractor. 

5 3 . The General- Contractor will provide a datum benchmark for ti:ie use of all Subcontractors . 

54. Subcontractor shall layout all work requirc^J to complete his particular work unless otherwise stated per 
General Contractor's Supenntendent. 

55. Subconfractor shall be responsible for field measuring existing conditions prior to fabricatioti of materials 
and/or equipment which fit into restricting spaces. It is the responsibility of the Subcontractor to detetmine 
if, and to notify the General Contractor of^ conflicts with this work and plan dimensions and/or other work 

exists. . . 

56* Subcontractors requiring protected storage for materials, equipment, tools, etc., shall utilize space made 

available at sole discretion of the General Contractor in the nsw building, or store materials off the site in a 
. bonded warehouse. Subcontractor is responsible for providing the matemis and installation of their storage 

r 

spaces^ 

57. Subcontractor is lequired to submit an insurance certiflcate for any materials that are requested to be billed 
for but are stored off-site. Includes pictures of materials as requested. 

58. Xemporaiy Stryctures, sheds^ trailers, and material storage shall be arranged in a safe manner to avoid 

interfering with construction, public access or the General Contractor's operations, 

59. All locations of temporary structures, sheds^ trailers and material storage shall be approved in advanced by 

the General Contractor. And shall be constructed of fire rated material. 

60. Subcontractor shall relocate his temporary structures, sheds, frailers and inaterials in storage as often as 
required for construction progress as directed by General Contractor's, Superintendent 

61. The General Concractor, on a priority basis, will allocate storage space to the Subcontractors. 

62! Upon completion of work, or sooner if directed by the General Contractor, each Subcontractor shall remove 
his temporary structures and sheds and remove all debris and rubbish and place the area in clean and orderly 



^ J ■ 






63. The Concrete Frame Subcontractor shall provide temporary guardrails at the building floor perimeters and 
openings. These guardrails shall comply with die requirements of' Section 1925.500 OStlA and other 
sections as appropriate. These temporary guardrails shall be left in place after completion of the structural 
frame for the use of other Subcontractors. The General Contractor shall maintain said guardrails (see line 
item #15) All other protection and safety bamcades, devices, covers, etc., including all roof areas, shall be 
provided by each Subcontractor as it relates to the safe conduct of his work in accordance with all the local, 

state J and federal regulations. 

64. Subcontractor shall provide General Contractor a copy of Subcontractor's "Dmg Free Workplace Policy 
Policy shall meet or exceed General Contractor's Drug Free Work Place Policy I 

65. Subcontractor will submit daily manpower reports to General Contractor's Project Superintendent by 10:00 

a.m. daily. 

€6. Subcontractor is responsible for checking his correspondence oat-box located in the Gcnfa^l Conb-actor's 

field orTtoe daily. .s , 

67* All Subconk^tors shall be responsible for any excavation and backfiU of ditches required for their work. 

BackfiU and compaction dsall be in accordance with confract specifications, 

68. Material and personnel hoist to be provided by Ihe Contractor. Subcontractor will coordinate availability 
and use of hoist with the Project Supo^ntendent. 

69. Wo work Ls to be performed before 7:00 a.m. and after 7:00 pjtL Monday through Saturday or all day on 
Sundays unless Subcontractor obtains the appropriate after hours permit firotn the District of Columbia, 

L(e). SUBCONTRACT E>f CLUDES : 

1, All painting. 

2. Power Company fees for electrical service. 

3 » P lywood for telephone and C ATV e quipmen:. 

4, All motor starters (but 5 ubcon tractor is to connect all wiring). 

f. All primary duct bank and feeders (by PEPCO). 

f. Range and dryer pigtails. - 

7. Bath fans (but subcontractor is to wire to bath switch). 

8. Telephone con^any fee. 

9. Teippcrature control wiring and conduit. 
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I 

10. CATV and telephone system backbone cabling and equiptnentp 

1 1 . Disposal^ dishwashers, riiicrowaves, refrigerators, and washer/dyer imics, 

1 2. Lightning protection. 

13. '"Hi-Risc" rcquifcmciits for fire alann system, 

« * 

1 ,(f), SUBCONTRACTOR shall submit required shop drawings in eight (81 copies for Architect's approval 
within fourteen n4'i caleadar davs of subcoDtract date. Subconiractor shall ifumish Mb own ladders, scaffolding, 
(bop cloths, hoisting fadlitieg, shall protect and be lespanslblc for other finished .work in the environs of his 
activities and shall remove from the site all debris caused by his operadoos* Woik shaU be perfonned when called 
for by the job superintendent. 



1 ■ 



1 - (g). Pcrf oimanc e an d Payment Bonds are required . 
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2. (t] Sv^MrtRMiw ihA\\ began iht wts^ zitv^hy t^ c«nitact u Hwn u ihe coniftwsETan uppn id^ifih saM wsfk it W b* done ii rtSdy ^i" «id work, Mid ^trtll . , 

C*fTy on said wiXk prmvpfly, tffieienlly sod k a spttd lEut will nai fiiusc dei&y in ttw progrcM of Cmrtiattior^i ^^ork-^r «hcr posiicns of ihe wtuic CBrTi«<I an b;r Other 
subconmrans, Sytococtraclor sMl pnnccticc cemm ponioiu of the wod in prefen:iia: ra olhsn. irso ordered by Cartmctor, ind dmll pcrfonn all *nrf£ m ucordiince 
with such linic BchcduJct 33 Contnctor wmy estiblkli diffing the muik of lie i%wJl ConBMtnr laiy nficd id malily job schedufci dundg the ffcunc of tbc wofkn aad ^ 

Ccrjtrscior does ^ wMiaiif ilar Subctrntnetor's w^ork en bt p«rS!unned ^ ih« liine sho«ii on jny paraftiiUriob whediilt SubtfCfltracwf sht)} « aR Timss during 
perfonnxirce bs conpdeml 10 be r»Pii 1 1 v wjUv any w4 ^31 schedulei «mf fi^^ ^kl i^thiles. 



(b) SubcomriKiffl- ilia W be bound lo chc Getieral ContracJnr by cbe sin e liqiudaiect dtmige prewfions irtiteh bind Sbe Gaicral ConcnuTor ro Ehe Chwicr. 

(c) SutBontractDr if bound tn ftc CoiitractBr in the aajr.c way aod undor ibc aimu [cims artd Mddiiioni ai fl» CmiMCtor ii bound m ttw Owner by she CScnfiraJ 
CoiunCl. Subeoiitrttiar a^rrta O cnnfoitB witii itl provisioas of ihe General Concnci uvd iHumea Rjwsrd the Conttaetor the larac tijshti, duiies, abligatiotui and 
liibiJiacs M tli£ C<intracior hw iuwrwd lO ibe Owmfk bat it limited to iht S»pc uflht werk shtfw* batfeiK Aay intfOrttsepcies b«w«n the 0*nertl CwU^i^E 4t»d fhtl 
StibcaniTiifl jhall b$ lovenjcd by ttus Subconanet^ *■■ 

(d) CMHraeicr sMI noi be Jiible (0 SirfeceiraiMiOT for ajiy delay us Subeflairutior i ^i>ik rtiuitiog ibm dri Ml, «8ilie*iM or dtl^Ull »f (Jw Owti*r Or (h«' 
Awhfeeci, or by reasofl of firu w oibef e^syiTcy, *r flfl aMoanl &f nou, strikfl or <jihir ftcmbin&l aciEOt; oflJrt Vi-Orfsnen or wHeis, ^!^*n Jweftuni of any *eis Of Cj«d Of »iy 
(Ulisr Musc beycmd ConiTACntf'i eoniraj^ or on anMunt of iny cU^unuKLncca MusHi or coduiibticed lo by Sabcontiictor. 

i 

(C) CflCiwW w shall nol be liable m ihe Subconffftctta' fcr any delny, whcihcr fnrcsKSihk or not, ocMning bcyaod Coatnctoi^i conBol or for any delay caused by 
ihc Owner, my of ftJ ernpfoyees, igenB « rtpftsenlativt, my uther lubcoo&actor? or lupplicra or lay (bird parric^ nctpt as otherroe rapresaly pn^vided heresL 
Cotatractoi: shaH tuw [be righ^ at my tims and for wy waofl. lo desjy or iuspend the i*hofe ur Wty part of llic work bereirt ^ontTKlfid ftr and tb* Subcontracijr exprtssly 
Undufiaids aud a^rsca iha! it jhall net be cniiilHl to any Tnonoary c^iperm^m wliaisoeva- for any dflJsy or luspaBlofi «deied or csu«d by ConmieUif ajid ihAi i mm 
e)iten5tol Ofily shall be giMited for auch deJcys, even if luclj dday* or Mupcniions: [1) !Bt of a fcyid oot contanplited by the JwrUes: (1) affiounl 10 Oit abandonmeni of 
contnct; or (^) an cayjed by udve uflerfKnifi& 

CO ^ub^onh^Etor sKail lubroit wtihcq nocbc of any delay w lime a^tQiuicKi jnquHl k ih^ mfiiuicif provkied [n the CDn{ra«L DtKumcntt, !«l In fw-eveqi Uter 
dun ioven (7) days after tw o««irrtnce of (he cvqit given rirc to the delay, TC^ardiosa of tha cause of tlw dflifty. To the estent SubtOtfracfor leela 2 lime exleaiim 
EuVor biCTEMMl com for jucfi delay; Wftin seven (7) days alter jfivin^ nflticc Subconinctnr shall fiiliy quwtify m^ prflv^dff luJl luppofflng docurncnmion mA 
mfofmaiien of the delay. Fkjkm to provide ttrtwly wriRtn n&llce Ghiil[ cEnnstihitc a waiver of Subrantnchir's ic^ rights, as aI«o *ddres^ flscwlifln: In this 
SubcontmcL 

d;) Tkne is of the eiacnce b the performan££ o rdiis SubcontracU "* 



»' 



(h) artHJQFKTactor shall fiilly ccwpcnk and coordinaie iti T?vorii tkA tbe wwk of Contractor bad odKr Subcwraaaff, ihdl auefuily fit its ^^wk Ea such qchcr 
inik OS dirttt^d by ConiT»«Mri lad fhsll 3di fommti or pcnnk ar.y lel ^kh will inur^e wiih Ihe perfamunpp Af «ha woric 

0> The subfnitui of Acp dn^^iiiEig or ofticf iFIinrHm'^ a^i^ ^y ihe Subconlra^lor pdw Eo npbim of a ii^Kd, fbrmiily icPcpCKl aapy of itiu aubcortnct fll»il 

CCfOQEUti JdX«{»J1C« 4f this EUtM^lTf^ 

3, (i) SubcQiviracsor Su «ad wod ii EhOTW|3il)r iC^miLiit ipdEti «id CtooTKL Documcnu arbd apn^ ^ b« bound to Cwxctmim fey fim temii ofasid Cont^fKi 
DocQmcncs mmkv ^ :hcy rsku in my pirt or in iny wiy to tt« work Oixlertilccn hervin, and lo latumc towinta CoRUictarj in connecdfln widi clw wo* cavtfitd by 
itij siibH)rt^i->«. all oCjht Dbliguijonr md iMpofisibilitiei wluch ConErictg^ 3j ;Ji0S* dOC^imenie lA^umM lU^Aidi the Ownftr ar nnyonc data 

(b) SubcwitnoBf shafl be i^spWMibte fw cteffrarininE for htmiclf Itic Mi d^n^nj^Mt^ Riateri^l s»J TibOf rtquiremena relaLmg W his wrk md shaQ hol rely oi 
csrim^Uu qr scaferr.eaa of Con^actffl's employtcs with rc^pccf £0 such maciflra. 

4. ft) The *crt mduded m thii Contnct jhall be pcrfiim^ liiwkr ** dicecfjofl of^ Aithitecl ami Ceodftcttw. Aidiilccl's dwbjon? m to fhc tnic ranstmcden 
tnd TtiEmfni Of Ihe drawmSB md spreificadonfl shall tit nnal. SubcwLiMEor stiOJI ^fflRmn [0 and abide by toy additwruJ spcciScaiiQiiBp drawings cr cxplwdEioni 
^imishcd by ihfi AjrdiJ'^tE id 6tU[\ and illyitiacc Ehciv^rk do be d»e. 




(b) IT ihtf proper pgrforamnK of any Item of wofjc by SufccoiifracWf (]*j>eiK!j upon ibt prtrper perEbm^an^ nf lay Item of work by Cacitraccor of 
^idwMiniciQT whose '^'Offe pirudci m tbw the wurfc of ftic SLibMnncicL; Subcmtra^ ror IMIL i>rifrf W Mcimjeri«roent of bii woric, rqmn any dcfictCMiM of sudi 
prcKdmg wort to Concaciijr in wrjijirij* and Subrantrj^or's ^t^fr^crtcinncnt of ^vork witTaOut having rcpfuiid any sia:h ^Cf{;ieney &hjll consiinw aji odniLssiOEi by 
SubcmfTiCtor Ih^t audi prc«dine work ms properly dow and Shail tioI be ffllitkd Lo my additional compcrtMrifln for du; proper petfcrmfljic* of hts wgrt rigwdJe^ of 
tfw condition Ci^^uch preceding >OiiCp ^ 

S, (a) KO ALTERATIONS OR CHA^TCSES 5iiALL BE MADE IN SUBC0>TEUCTOR^ WORK NOR SHALL SUBCONTHACTOR PHJIFORM ANY 
EXTRA WORX EXCEPT UPOK CONTRACTOJtS WjuBEN OfiDERa For inc purpcae af Ibis piwisiofl, XlaiiftS*". 5h*l1 be conilrutti btO*<l!y SO « m include 
cbJiOgftJ wort, sxcm Vi^k^ re&cqurofLnn, modincationS, workitoppajfij, KUter?lit>n, di^nipticn ind myil&ing ehe thil Subcontrsctflr jlli^cra to be rnilQnaJly diCTcfeM 
fhm iJw p]i)inn«d fcopc, rtieanff or inc£hodJ of iti worit SutHMno-acror sJuU mftkis ^1' aJEenwriom^ chu^p odditioitf and dfiJetiona to the irafk lequcied fay Contractor 
without niflli^ing iliifi igraimcn^ m rcMonibte ^ddiii^nfl or deductirtas from trie pn« hertim iwmHiat lo ContranacfV wnrten ordm. Should die p&rtica hereto hn yjuhlc 
to ^^^&a M to the valu^ of (he *oft to be c^iAngcdi added Of omiacd, the SubcohnAccor ihjR pioceed wilh the wojk p/ompfty under Ihe written order lo Contneier ftoin 
whieh order Aia 3iEii«d v^ve of (lie work shall b? omit^^d, and the dc^cmiui&don df L^ ^alue of the worl^ jhall b« dek^ed. 



»■■ 



{b) ^uhcontraxaor Jhall ^fiiit prOpOHlf ht ch^^, aEfcmalftmti or cstja wotit In thn mam^er provided by the Conlrwi D«^ufnenl£ or ^s in^inicrcd by 
C(v^n^«CTe)r "SyU^wiEraciWs overhead and pnifit oa Jddihvft chaflf^ \n the Work ?hall net exceed i cembiired totil of ^Aciii porocnt (ij?i) nf die direct 00«i Of the 
darned Wofk w die Subcontt^tw, providina that ihe SubwfitriclOF per fom^ the additionai Wcfft villi in owe (brcti Wlati siich added Work is f^nli^r subooftlraoBd* 
iha SiJbcn^tritaorShil] be linked K^ a loal maftup 

.-m 

(fi) Svbcontr^olor sho]] submit to ihc Contractor In wridri 3 jny obams for irtCrtastJ tcwti or thTw tittoBMana aniifrig cnit of ttic Projcsi in dm minnEr proi^idcd 
in ^e Coi*tr»t DocumctiCfi, but tn no evrnt iJiail Siibcontr^CTor TubnYLi Kch ClaknS latd than snvcn pj day; after rhc oecun^nco of the «v*w givlrtg nse lo the claim- 
Tlin Inmi ''Clairn"' ai iisei hcrdn ^htlE indude, without lijniialfOR, claims fer thinfics, il!c3Ution^p «tTia work, daliy^^ ac«l*r*tiOJi, dWpdor* and lOfit ^odiiciivify, 
Faihn? xq provide timely ^tien notKc ahall conadtuie & ^^^ivef ofSi^^ntncLor'a le^ righti, u alio iddruwd eliawh^re in this SvbCOnir^L 



(d) Sh04ild Owner or ArchJiwT dcfctt^ tli^ w chmgp ^y of SubmniflitlOF's w^rk, rej^t any uratk of maicrial iumi*had by SubcontrattoC* tertnit^iite till or part &f 
Ihe wnric covcfed by ihjj Commti, Si^EHiiractor ahalh looit *j!:r;tlii3jVely to 0*fl*r iCr nf additioiial oompcm^on or damige«; and JgiibcoiiTncior ^t^necf thw Coi^^TKtor 
jJuJt in no flvani b^ lipbk TO SubMntractor in execii of ihL paymejitj made by 0«nef wiUa nespKl thcretoi 




. w 



> 



+- 



« 
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^ t*) Disputes amiiif. out of Owtiff »n$, omiuioru or iwponsibtJfEses shaJi be; rewlvul rn acconlance wiA iftt duputes ptw«diiniC&) in the ConTract Doc^ffncms. 
Sbbcgn'^^^cior shxW be emiUed to an cquiEahJc adlmtjnanc of Q^ CorMnict fUco or time ofperfanTiancc oo^ty to ih« ^oma a^ttiEM and jceo^dittg tp tht jAnU {j^rovisions Afi 
CDm-acEor's equttatlfl adjusmwrt U*in die OMrai:JU. Subcnntiactnr'j allocable jharf of Cononttor'^ equi^abie adjiutmcnt anaU &e iiirly and n^uemahly dettnnined b)f 
Cffnirwcor after allowanK Ibr ContncrOf t cast of prej Qjiting snd movering the etoim Incttiding k^l fec^ t^m^ ovflrfitad and pr^frt ind apportionrrrcnts to odw , 

aBiaciHl SybCOr^iHClors- Under no cireumfftajicn flihall SubconlrQClOf'^ eotkJiment eicod Lhc ConDraotor'? flntrttarieiit itfler d'sdvciion of ihc exp«ni« and costs 
dcacribrid above. ContfKlOf ihtll have no direct Itabitity to dio Subco^meror fiJicc|H [0 give die Subcontractor ihc opponmiEty bo estewlse Qwtrwtor's rights in 
KG:oFdance wl* [ha CwifiCi Donanenlii Hie Snbcomraaor ^hal] b$ tequirfti 35 a eonditio:^ precBdrol to die ^bit^isiibn of any cliito a^inji the Owner lo c«ttij^ iis 
eUim in actoidwiioe with any and ail i^^mtiduon rsiuberrwia in Sic Corrtract DAcumcnrs. Thfi SubiOtiiriCtor agrera to indcnini^ Contimar and ha3d it hamtlou from^ 
for and igajfisi any defecis sr mijf^prracrtaiiuni m ih* Subcontrjtior'B «rtif caiiontK iwl'dJ^E any rcbtiog lo wn or prt^int data, 

(b) Any fiitur* by Siibe^Mfl»ctor io provide ttocTy wrstttn node?; p;oposa^, quajUiOcation^ Eupport or ndated ijifcumaiion to Cofltfagwf putsu*nl to a ch&ag^. 
alsenHiOtn, e\tm wodc, dcEty or claim jhaJl fOtiBituts a wmivcr of Siibconn^tar'j ri^l'^if (O My t^ or ^ompcnsalion for The ehuigep ittcratkn or extii w{]rk;. "^C^a^jie" 
sbsU include cUiiro for disruption, 3oit prodiMrtivity, Of similar impaciB to SubMmnctnr'g 5copc of wort 

(*) This parapaph irtccntional laK blP^lc 

Cd> h die evefrt thit aibftrjilori \t pitjvided ftff In the CcmtTacl Doenntentj fiw difiptJi^ bel'A^en die Ownier uid Contractotp the SnbooniracHK' flpecifieaity ^grteS 
tfl sutmiL its cla-mj irisbg out of any Owimt ^cis, of^uTisioiv ot r^pcn^ibilidrs W any siidi arnitntian proceedirtg ai may Mttn bct^^^m the Owner ind ConoEcicr^. Tba 
Subcwtractor ihalt b« given ihe dppvreijauty to conier viidi ConDn&4^fQr in the Ittectjon of arbicratnni, unkai the dt^puta ij »lety one bdydn the Owner and die - 
Subcon^ctor. in whiish eyeni: ::he Subuniiacior TTtay make t^ ^It^lioa of arbilrrao^ ki Contiac^ar'a naiAe. 

(c) la eofuidomtkui of payrn^t by ContrUEcr to the SutKdOtrutar of ^^-OQ^ slj^I payment to be nude aS iJK time of Cm^r^i^f^ cxeicjse of its ^ion u? 
stiifr^Ee' es pro^iGcd below- AJJ diap-joo berweeit ConTrariDc and tbe Subcontractor which do ^dC involv* the Ownc^ acti, ocn3!^on3 or rcjpon^'bililicSfc fhall at 
Contiacior's joEa i^[ioTi be resolved dthct by liu^lifd Jn $. coyH f competent junMUcuon or b> ^"bin^tkm in Bi:n:ordAncc ^Vh the construction iodiiSa^y arbln-atloD rules 
of the American ArbitraQOft Affocivion tiwn obnmifig. Cofurwtof jhill ^it^ttht siitrh oprion by commEywpen^ of'^t^tiii liiiptisn or arbilratiDn prQcetdrng^ 
■f^ojnit CgmtmcEOTp Contr4Kt«~ Ehe II he emided :o exercise ivs opCion :o eicct artNtrado^i m any vime beA^n: ibe tastday la Sle m answer ^r oi^ifir reis-poniivc plndinf to die 
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SubcEHitnctai^^ mimmoni iniiW comprint U^rtrt Mtrtbkf lU cpdcn to aibilnte^ ConUBcfiort ckcdon to irbiiri^ ibiil be irr 
drbitiatEN^ ahtll be Arval and bind^g upofl ii>« paftict 



cvodtfjlt ci4 t^ dcci^ioft of ^ 



*r(>it™jofi w liligfttion pracMdinsa pcw&ig between Cwitracfor and ±^ Qwner. The SubcOtrKj^tor EpcciJkally igma ttul my diapitrc bccwem it ifid eitficr the Ow]^ 
or ContnctDT shall nui miafflr with bk SubconeacnDr'i pfogrcu &f iij woi* h 2ny mknrrCr, *nd Au dw SubccDindH ifaiU ptDce^ with in wejtIc ai ondcnd, pending 
reoltittoj; of ihc ^lit^cct cl^im, 

, % Su^dfitr3Ci«- sbaJt prov«ie stif^cicnj ale and propci l^xliiiei n all times for ilw oupomon of ^< wflrt by Contiraficorp Ihfi Ardilifict or ihftir tydtoftfsl 

reppsefiiBtiyeah and ihillp widwa tMflniywfoiir (14> hmn lil^ recemnE writicii iiDtii^ fron?* CftftM^it^ eo thiiL cfl^ pfORed » ukr down all portions of ch^ wemtJc ind 
lentova tcm the ^uAcii Hud building? wll muicrvklj whmher wofk«d »r ^i^^Cf |ig«^ which dis Archiioc^ or Conbic&r ihiH caE>dcrRn ^ yjuounj or tmpf^p^ or b^ fulins 
loi ccnloRii in my vay to the Contrui Documcna^ ^d shaiS mikt gt^od slf lucli worit tond^mnfid and all other west damigcd or deilnjy^ in rKimvin j w nwking (Wxi 
M^ C^ondenuiEd Tt^oric However, SubconVtctor shail no^ T«nio^ iay otiicir matena] Jhsn \ht buitdi|t| fitt^JthnrC Cvrti*C[cr^$ written pcrniisfioa 

I, 5ubconfrdc:or jhiH w gll [imei *upplj^ Euleqtflifi xwta^ flppliincBi and Atjuspmnt^ A tMUkient: number cifVrBpcJjy ipuUGul workmen md » mflideni iflfwimt 

of maEfv^ls 4^ supplia of prqpcf quiliiy to prosf «^?« $^ii ^prk cOkicntiy md prompttyp ind ^h^tl prortip^ly pay for iU Jiutcruis ptiidiascd, and itiaH pay al[ w^kmen 
cwrb wodk, and ir Conirtttoi^i rtqtral shall tAtaia and ftimijh.ContfiWJor weekly wirfi signed iredpla 6om ill wortonHi, iho^iog ih* date of paymcnE, amount paid, 
Aurobcr of hour? fm4 for, iha diiya dii wbich laJd wnrV ^v^ pfrfi^rmfrd, ihe cJusJ AcaH^n oT the UMr >o piid, Hl,d the dbje Qf ^^ p«r hour paid^ uid at Con^aclor'i 
reqticst ^11 JUpfHy CenfiraciiDf weekly with i reaaonfijjie number of cojnti of payroll veri&cd by ^ubconnKtOT- Al COflfrMlOr's rwiuteE, SubiKintnac^ shall fiimfah 
ConE^actor m^ceipccd mvoi«$ Of Atl^cbviu &Ofn i^proprtitc pulis G^id«n^ng fulj payment by Subcormoof and^iii subcoftTtacEOts [br lil raatcriab ansl supplier tised in 
d» perfonnajice of ihc Virqrlc 

9, (a) SvbcontmCfdr agrees )o comply widi il] liw3, ^^hticns and ordTnimcca in zHtci $i Hie locufot^of Ibt workiEnd aer^ei ho uidcmncfy and hold Cc^ninciorand 
Owner haimleis totn all find or dasuieu infinB fflCffl SubcointnctQr'fl (aiJurt to fully comply wift All ^Wffcmen and ptthlic af^ la*ii, Jifulatkmj or oidj|^dnc«$- 
SubcontractDf ^^lE ^ecijtt ^i piy fiir ilf nc^cuary p^miij ind licemd. Subcontrvlor jhalL pay al! t3XO ind (onthWiElrrit to zny uncmploycncnitT social yeain'ty, 
pension, old ig? rcdr^mem or simiiKr fmdA requirod for hij cmployRf tnd ^lialt fumkh ContnctDr cv^d£ac« oDuch piiytirenl- If Subvontmctof doei nqt ptesoii luch 
•videnpc, Contrafior miy pay sueb arriounn srid oil^tE ihm: frofoi ^wns dve SubconJractor. 

Cb) In ihe e¥T:Trt ifi^ any labor difpne; pjtkeilfig or smfce apinsl Subcontntciar previents Of ittttr&tf witb lihr perfonnance of Hm wort by CoomciOTi 
SubooniTaci^or or any odi^ pankfi on ihs prajccl, or in tha ewrti ihSK any libor dispuic^ pidccting ormifcE ^s^iim CffnnciOf qet my oiher party w. iiic i3fO]?>?L prcvtma ^r 
[ni«fferu widi diie performaucfr orlbc vvcrk by the Subconnctofr Contra^iQf m.iy sake o^cr ihr Subcontractoi'i wmi m ^ najiTwrpfovided m ^ji^gTiapk tO hcreoC 

} 0, (a) Should Subcunmcior ^ tny tlrw^ itfi^ Or ncfhst to supply i jafficicnc ntin'tb^r of ppCpe^ly ^uafilied vcdonen Of ^ ^ufliciEnt ^juantiiy of mattftjilj ofproper 
q<U4licyr Of ^b^ndm Lh? worlc or fail m my ttfp^ to pnDnajtc the work oavcred by d^ji OQflcr?^ vvith prmnptncB and dilisaicc, or hil in t}]s perf^nnwct of uy of the 
agTMinctu^ herein ^o^ia^d, {md Corttractar^ i^nding itfid jud|jl^enJ: wtdi nxpcct ihcrcts dia!] be fi^ And Idnd SoboonrrlKtor ^bsotulely]^ Comracior Ttiay at ttf opifocv 
iikr tioEice to $ubcq^ranc[4fi provide airy luch labar and mucrlalj a^d d«duet ihe nuL Ehexcof from any mowy tha due or iher»fter lo became due to SubcanDiactar 
tinder Uiit coninct or oftsrwiseE Ot C&rftrtitiof may^ At iti option tcnnmsi^? ihH OOmtrM ^dp Tor the puiposo oroompl^ng Hif work c&vemi by !his contnicrLfc Contractor 
i\aXl have ihc uTK|iid.li!i<id ^ful liwe^tnci^d n^ to Eaike posaujuon of oil 1}^ m^ierialfi, supplier equiprnnt^ looil^ if^1ijn«s, and <^ralmg ind perlbmiance rcEotcd 
^ocumeni^ b^ton^g to Su^oneraciOf £tOrtd m: ui po&ac^ian of Subc^mr^cior ai ihe job site, ond ConiiactDr ir«ry ii^^ comptefe sud woik ]ti4;iror may cmplny, n: 
coniraci wtihi ajty other perGon or pcraanfr^ lo corrtpl^te th« ^^k and prc3 vide ihc material ihere^jr; wd hi case.of auch tenxunadon ofdiis contrail, SubconLr^cOr Shftll not 
be tf^dcied to receive a^iy JUrlh^ paynseni: under Mt iiontnci vntil slid wwfc s-hell have beam finiahcd cffcnpfete^ lAd paynjenr ducxefor made by the Owkt, ac which tu(ne 
jf tbc LiJipaid pOTLion of U?e imorunl (0 be paid undci thu q^ntr^ exc«edA ihc charges^ cHpcn£« md dsffugei nunbied by dw Cunenictor in complctm^ the work or ai a 
result of Jueh dcfauli. lu^h ace^ jha!^ be p«id Contraan- to Subconiraclor, but if ^vch fhar;^, tijqenfrcs Bind ^^ma^ shall s^c^ j^jd unpaid portion, Suboontrvior 
atiaJI pay tha {lifference lo CaniT«tw. ^ 

(li) The Contraetof shall hive die ri^^t to tcnninif* this ?gr4«r£d[ fcr iu o^ti convcnJoni^ (w OC wilhoulJany itofian wJiatSKVcr, by giving tho SubconliliCtOf 
attice of 5uoh nerminadjon, whic^ fJall be e£bcrivc Ufwn ili« Subconb^cloc'fl rccdpt merroC TuLmunaticm &r delkult under parngraph IQa aluve, y^l^gfvlly i<n|pc»d, 
sh^ll be treated ad ■ termimti^ fyt ccoi^enct Any (erminatloo for convenicnn Ecttlemcat wn'ih Ihe Subc^tfKiOf shall be it^oniplisfaed ptinuint E& ihe pi^Vuioni, I 
ir*y, govemi-T£ ti>c Coniraft^F'A t^frrtiiiHtSon lor convenience by dw C*n» under ihe Contract Docunrufitj. If thcrr ITP SO lerminidiDn far oonvtoknca provtjioJU in ihe 
Comrstl Docufliaitli or if ftw any TOSOtt ftcy ran ntft be ^plied, thfn ihe Sub?OntF«h?f shall b^ paM the Ibskt ofdfhef itW tCluaJ eofl of work and lalmr in placa^ plu* 
fivt perccni [5yp)^ or a pio mta p«T:encaf e of th» Subcontr^cl price t^m[ Eo the pcroaii^^ ofv'Ofnpklion for ttie Subconii3i:tor^ ws^k a^ apprOYMl by C^trac^or in no 
ftv-nt jhaJl At Siilwohtraa&r be cnh'tkd SO sntiripatEd prOfilS On laipttionnfid portions oTlihd *lorit 

] 1. (i) The SubcontraepTT agreet m a^sunic tht «ntk? respDnjibility fbr and shall defend, indenaii^' and hc4d harmieai Coniracror ud (H^vtCh ami a[l of due agenta, 
icn'ant] and ompEoye^ 4f ConirdCtof and Ovnucr^ TwH all ^emands^ clairmp liabilhyp judi|;TWi|[£ ind experiKt ^k&dbg itwrw/^ feet ajid cofurt cmts) be^tude of 
persona! injuTy tO Of d^Qi <^f BAy pcnon^ or Itiu of or dim^^ CO pfopeity of any peoon^ (inchidii^S (h4 SubHfLtraaor. my aubcontraclof oftlw Subcontractor snd \ht 
iflcntSH Befvants and em:>koy%» of theSubcontraJtOf and jub^ubconli^eioO which m any way arises out oC ii connecttd. with or incident to ^ li/oalt pafformed or W t< 
pcdomicd by tfifi ^vbconcrMTOr ander iMi cmnact or by any SiibcontracTur of dw SubconiTaciar^ incbdini my clrcMziirMnm in i^^hfch the Contiiiitor or OwneTp or both* 
ar arty agoiU scnmit or empfoysa of C^na'unor cf Ovotcrj li conoLBrmily nepgrni wkh the SubPOnitfutDr^ my Hitacontrador of Su^bc^nctsctor or an^ agent, acrvtuit or 
en^oyee of dit SubconiR£inr or jub-S^Qntnetor^ 

(b) Pnor to cnrmnani^eirient of work, Subconh^ctor itaall (iiitLi»)l ConlEXTOf te^ilKitcfi EbDwing thst ^iibc4iQt?^Eor hu, and vvill m^hc^m throug^oiu ihe 
Contrwit btfuranE^c in companies 4(t«^pt«blfi to Cot^uictor of ibo foiiowin^ types Hid aEnounu (ut avchadditieKialamounU Own? r m;^ K^uire)- 



I. 



3. 



WWkei^ CompcnBaiiofi ^d ISn^!oyen:^ LJabilky ^mancc as requihd by d'-e^tfiffi iaiviiidt dhni wofk h perfnrmtd. 
AiUfiirrObtlo Liabrlity bgiirajiec with a c^mbi^ed Slngk Itnyl in ib« amouni QtS\fiQO^X)QL 

•■■■■■■■■■■ ■ - ■ n _■..., . . . - , . . . - - 

Public Lubilicy jfi^ujincf < (Qoniiprebaisive G^ei^ Lji^iEicy Policy) Intituling pram^ES - O^enCjom co verbis, co«^;rdc:iorc pjotv^ve covpagep 
C^Ompkted 4:^^ratu]i^ covoiii^c Ai4-C^CTaelual liability ^ovcra^ 

UmtU of LtabJ Ijty required on the ^ve covEnifcs: 

Bodily ^~L^ LiabiliO' and Propci^ Dani^: 



S2.000.«10 sich 

n.QOQsQOO prxXlutts/conipietBd opcranon^ ^igii^^tt 
JZ,MO,Q0O pw5Ctfra] tf^UJy and arivenLjFn j 1 1 mit 

KOte;; Lhe asgirgace tirn^lhall Ije writun on a per project or i^ciijoft ha£iE. 
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ConiplctDd o|»oj]i)n£ »vp^ge bioltided in th4 al|>ove policy rhuiK continue in aE^»!i: durjng ih< wamm/ty p^nod followrng dw 
acfiepcmcT of th^ cooplctc ;proJ ?!^ by Lhe Qvs^er (or 1 pen«l ofat laaat ifaive Q) yms following £nAl payment. 



(«:] Upon d^a $ig|tiin£ of dii^ contraet, the 5iJbc^it?cl4T fhaU ^bmii CcrrfHcaies of lo£tir^ue in dupfiatc evHfoncfOfl ^1] of cb£ Above qjvcti^Ci Those 
CcfElflelUs ^hflLi name bo* ihe Contnclarh S.£. Foster Consmici 1-3*1 fompy iy- and Owntr, Cnltingbia KeiAia V«^rmiea Panart IS. LLC 15 adctltiortjil Insured. Said 
certificated shaJ I pnmdc at Icn^E 30 days wntttn h^e; Lo Conmcior of »ne«llatiOi^ or in3:;nal i^.^^ 



(d) NeidijeT the SubconorM^ TtOf h kstirer ^hflll h^v^ ^ny diim again^ the Owner lo lb( «?C(etit Ehe claim m m diouJd b^ve bean oovcred^ b/ [be Subcontrnctaf^ 

12. Subcomracti)!' x^v^ b mdrnuitEy liad s&ve hsrailm^ Coniractor torn any HnH All etoims or 5uitH hr infrnij^meiM oFp^tHits. or yiaiadDn of pafsrvt rtj[Ht5 by 

SubCOntr^or, and fiirth^irsgiT^ tO pty all loos and ei^pepM JlK^rrtd by Contr^Ktor by ;asgn of any sucii claims or juits^ trvcludtn^ counsel ftcx. 




1 J. Subconlnietor a£iec& lO 3bida by CmtTtf t^'i dei^l^ion a.^ to U^^ ^lloiment of ail itorafic ^d wor^g £p&e-e at the buiJdir.s ^te 01 tn ihe buiildin^ Cheiicun. 

14 SubconEractDT ittidl refnOVt ^taai ihc building Of b^jld^^. as oAra a^ directed by Comraeior^ ad nibbuh^ dflbm gr jtUpltti riiAteriak wbkli miy accymuLale 

front the pfose^^jtiOn ofd^e work covered' by ^^u euniracE, cTe^i w^H^p !Ho^t^ and odicr ^niihed fturfiiRf idikd by Subcnntraetor, Dep;ii( tut] pr^^erty damage caiucd by 
Subcnnincior^ work or w-orkmi^, and thould Suboontrajcmr M to do io vpon noLM^c^ ConQraftor ni^y, it itfl opiicaij eauac du Jimfl to b« rtinjuvcd ei Subc^rLCf^U]!^ 
e?(pcnfieh 

]Si No payment rfr^e untkf duff cDntract s^i^l! be oonsinied to be An aoccpL^r^e qf defective work or unpropo" mc^wialfi. 
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t& Niittier Sytttomiaptar nor my of iis ji4co«ri4Glors 5^lU c^iplcy v^y worfanen whow amplc(ymOT( oi Uie wocfc ctwEtcd by Ihij ccntmct u objccnKi to bjr 

17. (q) Subcornxm *r*3 w pmi aaid work o^e* lo Cmii^rtcr in |ood coiWiilW snd free a{)d ekar frcm »II cUiiw; ewumbrancfii aihJ Bmu for Mmt, acmccsi w 
matcrkiffp and m protccc and iivc huuileu Con&ictDr uid Owner fcom all clfihna, cnciinibjin«9 md lion p^wire dei£ of Lhc pcrGmnETCc af this w^cJj >nrf ill 
miiwEmice rtqu^ under Ebc Conlnct D<WumcnlJ. md ilwuld SykomrKior, during ihe pro|ra* of tiid WkK dT K wy lioM ifefir«fl«p fa*l W p9V for alJ libw. 
i£m<:«s *iHl JtiaTffialf tf$«d fir purehittd &r u« fa iht pa<ist™tkm ^fs^ wtdc, C<»Tim*cior, ma/ « ed opwn, and ^^itboful nolfoe to Subcofltractor* p»y aH wfih cEiima 
whcLihcf w ttot cl*iinwt his ptf pscrtd * Ian Of Wid claim srtd ctiKie Uic HiiimnU rtwrco-f to SuUflntrMtor, Ih iJw «mi iwic l* filed by ■nj' p^frsan, rtrm w corpondaci 
uAcrtuLg » claim or llm for tatwr, wrvieas or maioria)] ii«d Oi* pun^Htud fop uj* \}i Ihc wojt Mvwtd by Ab Mn«&Kt SybOOfliJMiw wfll, it ftf owift cost mkI dcpau^ 

including nsunscl Ibn^ defend wch juititid juy any judgjrwnt rendciedihereftL * 

t 

i ... 

(b) £v^&nir^:i4>r ii^miEes hl£ wc^k ^t^miti ftll ilefetti uf maieriat or woficnunffhfp, and giudmtea thii Hick w»rk shall \k in sbicr untplioncc wjdi di-c 
C0r*B*t Dwumptiti for Uie pcmd of time ipccificd in the C&ntiMi nccurTunu; if no guamitfifl ij ailed fbf by flw Cofttmct Daeumcno^ BuScoflcractGr^i gkLaimtoe ffhiTl 
te for 1 pcnod oftwv^ (Z) years Aim lh« d4» of aet$puinc£ of Ehc proJa:E b:^ ihc Ov^s^ audi EwannLcc 10 include all mMs of rc^irin^ Kiid n^lKint SubcOftttarror'J 
^ott iTK odicr parta of tne pT<^ damaged by (he ftilar« of SubootittMlfirt work to CMply ttricEily wilh Cmtnirf Docymetrts. Sybwnfr?e«ir lujtiwr »gft« |o 
bdoTBiiiy and saw haimle^a Ccntiactor froia all cbims rcwltin^ from Of aiij'Hg Owl (0 Such <fcft£Ei of tmaieflal or workmanships Of liiluit of his work id coinpTy jiriccly 
wiU] ibt Cpntrad DwurnrnOf- This gyinntt^ Ik m addiTinn lo afiy atlicr guafanicu uid wanranlJ^ pcovidtd by ]*w. 

(z) ^Evuild SnbconFractDr Eail U^ pcrfbfim any of ic» rupomibU^tiu cr cbliga^ion^ ■JT'jkf she ContrKT Docurrwvts, CMtficlor majf, ar iu sole d^screlfo^ UftdMaloe 
10 perfoTO Sirnt. In tiijch cvtnt'SLibcDrLiraotor shmU be n^pgnsiblfl ^ Cctctmtct fof sll rclilsd CkJ^ liimiBW iftd expuHia^ mciudingi wilhout IwniUtioi; Tosonahle 

tiL If pfirfiiflfflwce ^ ]piym«r1E bond* art Tvqmrtd iiBidar this contnc^ tky than be etecuied by a cortHratff ?umty md in i fann sdijJictiKry to i\c CmnracEor 
vkI ahsll provldK Jhai SubcontrKWr u principal aind lU Sumy air held and ^rmly bound unEo Cdn^acur, in iW fiiJL fmoun: of ±iia SutxonirKt tJp«i LHa tnnnj and 
condittou and lq afoordajiM vi^ the prarvitions oTiudi bond foma. The onginaf bcn;dap accQ^puiied h^ » ctitiiKd power of aitimicy of tJic Sufcty'i anomcy-ui'&ct^ 
ahall be dcK«red to CDnmaor prior lo eammcnrefD^^itof ^wtheramdcr, Ivm iCn^ band ia nirdaily riqiipTfliyndflr ihiS-Sutwpn&icV if ConcWfOrsubjequcfltty dccmi 
k approprl^^ k nqiy r«t}vij« a bond ofSub^onitnLacifp lod a dLsnge Oiitt mtl be iaaucd iof Ehe amount of du bond premium. 



J 9, SabcotsmcttJT ahill not ^i£bH assign ur (mnafer iliii cuntmct w any worlc or pymmte dw ihGeunder whhwt C^nirtcwr^s ^iiden 

ffi »] [ HM t^ltcvc SubcontraCEor of hs Dblrgaciona hcrcundcf . 



fnd f Licb «Cfi£enE 



10. (a) Oft tht ^Oi day ^f tkh cnonlh SlibcaatmcEHr stnll pmcnE Ci> OniUactor a aa^icmcnt of lt» wort; datue jfiifing tJw EmxcdinB monU^ which Aaccment, v4mi 
checked wid oppfovctl by Coai=ciacsot, *ill be paid wjtHrn ti*^ (5) e^^^s ^Iter ftciipt orpA>'nicnl from Otwwtp provKkd chat ContTaftor nuy^ al ils optk^n OR each paymcnl^ 
main 1 0% or the pcrccntiec jpftcJlifld bi }kc Quuraet Dotuawfiq; of «a£h tftimati wi\\ final jWjwiMt *hieh ihiU b* ni«l* ftfttr complw ton f iht ^Oifc wvared by *iu) 
contract and wfitien 3Cceptan« ib^wf by the ArchJtect^ and &i]l paymoM flis^farc by Owns. ^oinwifracpaT ^]r^^ ths^ Owner's payrnvt te Conirsctof of all pTDjrtsi 
paymenis af>d fin^l payment fvr any "u/oric perfoxmed by Shibcontnac^riH oEher SubeEmtractorT and CantracEflr ahaJI be an upreii cocutitian picc£dcni to any obHpdoQ of 
ConmcEDf lo make any proerui payn^cnt^ rsiairmafti, or final paymedt to Si45»nirJtTor, 



^ 



(b) Any pflyrn^iPiA due Subcontiarinrlin'^^ w^i^m by C^^sd-^ ih (He (vfTft Sybeof^et^ ii M Jafiiuh of luy of jis obh gallons hnundfraad 

luch aiAounlJ may be retained by Cocitract^ unlil auch event ofdeiaulE ii coiTCBEed. 

(e) Comracsw apwa to pay Suibconirs«dr tjf i9ii W^tk \bt sum Of Ill3r.it.M[ilJon_One Hundi-isd SryaaThouaajEl Dollafi t3aJg7.POO.0in ai£y est to addibonj 
and 4j!4uGtiou AS b^u piOvidni, and wc^ anrn atulL lie paid by t^nBra^ior t^ St^b^OltErpCft^f ^ th« work pn^rtfttts in mortihl^ in^tBlLmcutE a^ descnbet in Pleagnph 

20(a], 

tl CofwractDT itiall not ba respoaiibit for »ny l0» or damtse lo the wwic lq bu pef formed mA fiiraiafcea under tJ^u Siiboo&C|ME^ however atised umil lifter final 
iCt«|3LaAc« thci^f by Ci^tnurtGT md chc Aretaiiodi Nof shall ConTnci^ bf ffiSponSJbl(t Ibr k€$ ofor d^map m materia la^ Enotfl, Kiuipfncift, appEiancc? or odier pcra^^nal 
propcrry QVrTKd, rcnrediif usedby'MSiJbccaifactDr^imyaEnaniployoll^ [luzpcrfamunceafiJw^Ai^iKbO^e^V^^UMd- 

tL This coniiacr andiJi* CoftQWf Dot^MMnUi, insctir a^ ihey Tclate in any part or in any way to fh« work UJHfcrtakcn hef^'fli. c«iislitutc the cnrire agrtemeitt 
bc^^ivcen ^ partic;t hcrctu, and k la upmuly undoriL&dd and a^T«ed Lli^E ihert aire no u^sanenl£ or pmmiaca b^ lod bctwwn Ihc partkSp cxeept ai aforeaid^ w,i that any 
MMitJons r^ereio or dian^ ihci:tk ahaH be in wtiiiot 

22. jMyihing to Ihe -contrary hcrnn noawidisund^rt^ CME^actgf mayr ^ i^ Soie di^CK^tc^. ai ijiy tine ahd &Dm iirat lo simci prcpv/ kP Sybcos#acicr iH or aiyr 
pan of any vnounK 4^^ bnd oiving sr ts becc»me due and owing ba-eunder. 

24, h pcrfofTna.^cx nf dte w^irl^ covtrei^ hereby SubcoifEracioi' agrfts lo wmply wfch and abide by, and to uiiac hi^ agcnti and any subcomraicjtor of or imdef 
SubifOnl^^or lo corr^^ly y^ wd jibid^ by »tl ^pljcjible laws, h^^lation, $tandaids ixri oid&n relating in »c4jpadonaL ^kty md healthy tncludhiff widiouE Umi^on, 
the OMUpatiDn jl S^ety and Health A^ of ^ 970 (19 US-C G5 ] ) ind a [] stondarfi^ t«^tabo7is anrf arders tiautd puianani dicrdoj ard Svbcofitractor s^^ka fa indemn i ly^ 
savv hSLmi[cs& wd defend Cootmctor and/ of Owne? agwiitsi any »nd %[| JJ^ijJly, cblmSt denundii cotis orjiiJeEnmtt occaitianed, cozrinbutcd tn or m any ^^^y cau^pd, in 
whole oa" :f^ pirl by C&JiLHts ofSubc^onlrBctort hia ageri^j df sny jubennjiTactor of ar undar 5ubconmcror lo. so ooinply with arid ftbfd« by luch IpwSi reguhHions, standard 
and / OF ordJciJ^ inciudingf i#uhwi Unr^i^afiWi ait Iviqj eJvJS imd -sinnnial pcnaJiu^ CKpcnaca af conofti«i, damage and lauu dhK to Jbrced w^rfc jt^p^afe^ 1^4 ^oun 
cosu ftTid a Jomcys^ few incurrai in die rM5*iTiabl.t defense n^itnst judi firsts, dvil tod criminaf psiahTesj cJcpcKs-cs^ ddm^^ea and Icofcid and ofdc^r? to st^ tvorlt 



COHTRACTOK ^fUST HAVE IN fTS POSSESSION aEQUlRBD INSURANCE CERTIFICATES AJrtn T}m 
pHDPeiLY SIGNED ACCEPTANCE COPY OF THIS AGREEMENT BEFORE ANY INVOICES WILL BE 
APPROVED FOEl PAYMENT- EiUKlNG THE COURSE OF THE WORK l-ROPERLY EJCECtHSD ACCEPTANCE 
COPIES OF ADDmvE AM) / Ok DEDUCTIVE QIANGE ORDEaS MUST BE DEUVIRED TO CONTaXCPOR 
BEFORE iNVOrCES WILL BE APPROVED POttPAVMENT. 



IN WITNESS WHEREOFs ^c i^nies hereto have hereunto set their hands and seals on th« day and year first above written. 



WITNESS: 



CONTRACTOR; S-E- Fosctx Constnjctioti Company 



* 
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* 



.* 



H' 



* 



HIS N. Taft SircEt, Suirc 100 
AfBiigton,VA2220] 

Address 



Bv: 



Michael A. Foster^ Prefideni 



WITOESS 



SUBCONTRACTOR: Spartan Electric Company 



- ■+ 








TyJer Place 
Suite? 

Ijamsvi'Ue, MP 2 1 754 
Address 



Bv: 



■». 






